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23 April 1958 



Subject Coatract BC-450 % 

* ' ^ \ 

Kefersncei Let tor #25414 dated 18 March 1958, OK to BJW 

■ aV . '% 

Dour flirt 



Please find «MlQNd a signed copy of referenced letter indicating this 
company's agreement with the instructions contained therein. 


As we hare discussed with you subsequent to receipt of your letter, 
certain types of oost which benefit the Project will continue through 
10 June 1958 atu^ are in addition to the types of costs which are 
authorised in referenced letter. 



Specifically, test site engineering support Includes Project participa- 
tion in the red dot tests. In-plant engineering support of field opera- 
tions is being continued on a minimum basic and it is our understanding 
that participation for Customers 1 and 2 will be on a 50/50 basis 
through 10 June 1958. 


Concerning four (4) each B Configurations which were to be held 
pending disposition instructions, pleas# be advised that we are continu 
lag modification and overhaul work with participation by Customer 2 
only per verbal lastmetlons So proceed. t / -■ 


All work on Project A Configurations or components has been dis- 
continued pending receipt cf further instructions. 



Ws ars enclosing a revised schedule of funds required on subject 
contract through 10 June 1958. Our recommended allocation of 
required funds between Customers 1 and 2 givss consideration to ths 
above discussed Project participation in certain coats. Tour sarly 
action to add th e rsqulrsd funds by contact amendment will be 
appreciated. 
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It i * our understanding that thr.ee wild b<t incorporated in the 

contract (or the period l February through JO June lV*® s» fixed 

rat** replacing the provisional rate* now la the contract,, 

Very truly jroura, 

HYCON MFC. COMPANY 


BJW/p* 



Vice President* Engineering 


STATINTL 


* tie to wares [%} 
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